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BILL NO. S-90-11-OD ` 


SPECIAL ORDINANCE NO. S- & 77-72 


AN ORDINANCE approving Change Order No. 
1 (FINAL) RES. 216-90, INDIAN VILLAGE 
PHASE III ORNAMENTAL STREET LIGHTING 
with WEIKEL LINE COMPANY, INCORPORATED 
in connection with the Board of Public 
Works and Safety of the City of Fort 
Wayne, Indiana. 
NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA; 
SECTION 1. That Change Order No. 1 (FINAL) RES. 216- 
90, INDIAN VILLAGE PHASE III ORNAMENTAL STREET LIGHTING with 
WEIKEL LINE COMPANY, INCORPORATED in connection with the 
Board of Public Works and Safety, for: 
is necessary because due to some minor 
physical changes such as trees planted 
and reconstructed driveways the amount 
of push increased creating an over run 
of 5%; 
involving a net increase of One Thousand One Hundred Twenty- 
One and 32/100 Dollars ($1,121.32) all as more particularly 
set forth in the specifications, and which is on file with 
the Office of the Board of Public Works and Safety and is by 
reference incorporated herein, made a part hereof, and is 
hereby in all things ratified, confirmed and approved. 
SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all 


necessary approval by the Mayor. 





Councilmembe 


APPROVED AS TO FORM 
AND LEGALITY 


ear 
\ - 


) = 
TAMAL 
J. Timothy McCaulay 











CHANGE ORDER 


Change Order No. jst and Final Resolution No. 216-90 
Project No. Board Order No. 22-89 
Name of Project Indian Village Date_10-4-90 
To: i i 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


ees! Description of Change fee aa 
| Quantity | Description [Unit Price| Decrease 


ihn Install 3/C #6 Tray Cable 
Install 1%" tubing in open ‘trench 73.50 era 
91.10 PEP 


The sum of $1,121.32 is hereby (added to) (&&XHKEHAXXESH) the total contract price 
and the final contract price shall be adjusted as follows: 
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Total Decrease 






Total Increase 


Net (HKKXEEKE) (Increase) Contract Price 





Original Contract Price $ 22,218.20 
Current Contract Price Adjusted by Previous Change Order $ 0.00 
New Contract Price Including This Change Order S$ 23, 359e 52 


The time provided for completion in the contract for this project is (unchanged) (4qeagaged) 

0 calendar days due to this Change Order. The date for completion 
of all work shall be September 28, 1 . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Wow Date /O [4/90 


Date POR - FB 








Date [D "22-940 


Date 7/2- Dv -F2 


Date 72- 2Y — Fa 


Change Order No. lst and Final 


Resolution No. 216-90 


Board Order No. 22-89 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Due to some minor physical changes such as trees planted and 
a ee ee E 


reconstructed driveways the amount of push increased creating an over run of 5% 
The over run is within normal range of acceptance and justified by a field 


investigation and evaluation made by staff engineers of this Department. 


em: eo 
ee 
p 


— E E 
Will proposed change alter size of the project? Yes No_ x 


If yes, explain 


N/A 


ee 


Affect on operation and maintenance cost of this project: 


No measurable affect on operational and/or maintenance costs. 
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Read the first time in full and on motion by 


A 
seconded by aa] Pand dul Gopted, read (We Şeconc time i 
title and referred to the Committee on 


tvrU< ye ¢, (and the 
City Plan Commission for recommendation) and Public Hearing to b aeld afte: 
due legal notice, at the Council ference Room 128, ty Building,. 
-Fort Wayne, Indiana, on , the 


j , day 
of 19 oat 


t . 
— 7 
See ae 
DATED: AHA 2-7 £ 
7 3s SANDRA E. KENNEDY, CITY CLERÉ 
lags 


à 1 LEY - 

Read the thjq-time in full and on motion by tl cain i 
seconded by j , and duly adoptéd, Placed on its . 
Passag>. PASSED y by the following vote: : - 













AYES NAYS ABSTAINED ABSENT 

TOTAL VOTES Pe es) 
BRADBURY cL. if 
BURNS l- 
EDMONDS. l 
GiaQUINTA ae 
HENRY tm 

ER] E EAA NS Sa 
Lovers: Nas 
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SCHMIDT ` ER a 
TALARICO ml 





DATED: PCR FA 


| 











SANDRA E. KENNEDY, 





CITY CWERX 


Passed and adopted by the Common Council of the City of Fort Wayne, 


Indiana, as ( 





PPROPRIATI {GENERAL) 


(SPECIAL) (ZONING-MAP) ORDINANCE RESOLUTION NO. L- a 7F-FO 


on the CY 2 day of afar $ 1922 - 5 


P 
pe t é ATTEST eoo : 
SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER 
Presented by me to-the Mayor of the Cit 


the AF A day of: 


at the hour of E AEA o'cloc ae wie rE Sn Dis 
SSE Ht 









y of Fort Wayne, Indiana, on 


2] 








viZ 





SANDRA E. KENNEDY, .CITY CLERK 


Approved and signed by me this 30h day of Nied ' 


19 Yo s at the hour of eres o'clodk P Mop o Se Te 


P SAM. u 


ı MAYOR 





Admn. Appr. 


TITLE OF ORDINANCE: Change Order #1 (Final) Res. 216-90, Indian 
Village Phase III Ornamental Street Lighting 


DEPARTMENT REQUESTING ORDINANCE: Board of Public Works & Safety 

SYNOPIS OF ORDINANCE: Change Order #1 (Final) Res. .216-90, Indian 
Village Phase III Ornamental Street Lighting is necessary because due 
to some minor physical changes such as trees planted and reconstructed 
driveways the amount of push increased creating an over run of 5%. The 
over run is within normal range of acceptance and justified by a field 
investigation and evaulation made by staff engineers of this Department. 
EFFECT OF PASSAGE: To facilitate completion of project. 


—SIVf/OS 


EFFECT OF NON PASSAGE: 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $1,121.32 


ASSIGNED TO COMMITTEE: 


S—90-—11-05 

















BILL NO. 
REPORT OF THE COMMITTEE ON FINANCE 
THOMAS C. HENRY, CHAIRMAN 
DONALD J. SCHMIDT, VICE CHAIRMAN 
BRADBURY, BURNS, GiaQUINTA 
WE, YOUR COMMITTEE ON FINANCE TO WHOM WAS 
REFERRED AN ero gel ak Mae ael] approving Change Order 
No. 1 (FIN , INDIAN VILLAGE PHASE III ORNAMENTAL 


sHTING wit wet LINE COMPANY, INCORPORATED in 


connection with the Board of Public Works and Safety of the 
City of Fort Wayne, Indiana 


























HAVE HAD SAID (ORDINANCE) (RESRINTIQNA UNDER CONSIDERATION 
AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 
(ORDINANCE) (RESONI TONY 


DO PASS 








DO NOT PASS ABSTAIN NO REC 


























DATED: //-d 7-74 


Sandra E. Kennedy 
City Clerk 


